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2, AMENDMENTIMODIFICATION NO. 3. EFFECTIVE DATE 4. REQUISITIONPURCHASE REQ. NO. [5. PROJECT NO. (If applical 
Po0002 10/09/2020 
6, ISSUED BY CODE |HHS/OS/ASPR/BARDA _ | 7- ADMINISTERED BY (ifother than item 6) CODE [ASPR-BARDAO2 
HHS/OS/ASPR/BARDA ASPR-BARDA 
330 Independence Ave., S.W. 330 Independence Ave, SW, Rm G640 
Room 640-G Washington DC 20201 
Washington DC 20201 
8, NAME AND ADDRESS OF CONTRACTOR (No, street, county, State and ZIP Code) (x) [9A AMENOMENT OF SOLICITATION NO. 
THE TEXAS A&M UNIVERSITY SYSTE 1380740 
TEXAS A&M UNIVERSITY SYSTEM, THE 98. DATED (SEE ITEM 11) 
301 TARROW ST # 6 
COLLEGE STATION me G0 1920 "x | 194, MODIFICATION OF CONTRACTIORDER NO. 
IHHSO100201200002T 
75A50120F33002 
108. DATED (SEE ITEM 13) 
cope 1380740 FACILITY CODE 07/23/2020 
11, THIS ITEM ONLY APPLIES TO AMENDMENTS OF SOLICITATIONS 
The above numbered solicitation is amended as set forth in item 14, The hour and date specified for receipt of Offers is extended. is not extended 
Offers must acknowledge receipt of this amendment priar to the hour and date specified in the solicitation or as amended , by one of the following methods: (a) By completing 
tems 8 and 15, and returning ‘copies of the amendment; (b) By acknowledging receipt of this amendment on each copy of the offer submitted ; or (c) By 


‘separate letter or electronic communication which includes a reference to the solicitation and amendment numbers. FAILURE OF YOUR ACKNOWLEDGEMENT TO BE 
RECEIVED AT THE PLACE DESIGNATED FOR THE RECEIPT OF OFFERS PRIOR TO THE HOUR AND DATE SPECIFIED MAY RESULT IN REJECTION OF YOUR 
OFFER, If by virtue of this amendment you desire to change an offer already submitted , such change may be made by letter or electronic communication, provided 

each letter or electronic communication makes reference to the solicitation and this amendment, and is received prior to the opening hour and date specified 





12, ACCOUNTING AND APPROPRIATION DATA (If required) 
See Schedule 





13, THIS ITEM ONLY APPLIES TO MODIFICATION OF CONTRACTS/ORDERS. IT MODIFIES THE CONTRACT/ORDER NO. AS DESCRIBED IN ITEM 14, 





-GHECK ONE | A, THIS CHANGE ORDER IS ISSUED PURSUANT TO: (Specify authority) THE CHANGES SET FORTH IN ITEM 14 ARE MADE IN THE CONTRACT 
ORDER NO. IN ITEM 104, 





B. THE ABOVE NUMBERED CONTRACTIORDER IS MODIFIED TO REFLECT THE ADMINISTRATIVE CHANGES (such as changes in paying office, 
appropriation data, etc.) SET FORTH IN ITEM 14, PURSUANT TO THE AUTHORITY OF FAR 43.103(b). 





C. THIS SUPPLEMENTAL AGREEMENT IS ENTERED INTO PURSUANT TO AUTHORITY OF: 





D. OTHER (Specify type of modification and authority) 





x 43.103(a) (3) Bilateral mutual agreement of the parties 





E.IMPORTANT: Contractor isnot _/|S required to sign this document and retum ____ copies to the issuing office. 





14. DESCRIPTION OF AMENDMENT/MODIFICATION (Organized by UCF section headings, including solicitation/contract subject matter where feasible.) 
Tax ID Number: 74-2648747 


DUNS Number: 042915991 

The purpose of the modification is to provide an Advance Understanding that requires the 
Contractor to reduce the firm fixed price of the task order. Any reduction is dependent on 
the number of DOD personnel on-site at the Contractor's facility. 


All other terms and conditions remain the same and in full force and effect. 
(See attached page) 
Discount Terms: NET 30P 


Period of Performance: 07/23/2020 to 12/31/2021 


Except as provided herein, all terms and conditions of the document referenced in Item 9 A or 10A, as heretofore changed, remains unchanged and in full force and effect. 
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Date: 2020.10.09 1627.25-0400" 
(Signature of person authorized to sign) 10/9/2020) (Signature of Contracting Officer) 
Previous edition unusable: ‘STANDARD FORM 30 (REV. 11/2016) 


Prescribed by GSA FAR (48 CFR) 53.243 


CIADM Manufacturing Capacity Reservation and Expansion Modification: PO0002 
Contract Number: HHSO100201200002! 
Task Order Number: 75A50120F33002 


On the effective date of this modification, Paragraph H.1 Advance Understandings is modified to 
include the following: 


H.1.10 The Government may provide personnel under a separate agreement between 
the Government and the Subcontract to support the Subcontractor’s efforts 
under this task order. On the 20" day of each month, the Government will 
provide to Subcontractor a report of the number of personnel and number of 
weeks provided to subcontractor in the previous month. 


The Contractor agrees to reduce the Unit Price in Paragraph B.2. Task 1 
Payment Schedule by) ber person per week for any portion of a week 
that the Government-provided personnel are on site at the Subcontractor’s 
facility. The Contractor will reduce the Unit Price for the deliverable that is due 
in the month that immediately follows the month in which personnel were on 
site. 


Any reduction to the Unit Price will result in a corresponding reduction to the 
total fixed price of Task 1: Capacity Reservation listed in Paragraph B.1.2 and the 
total fixed price of this task order listed in Paragraph B.1.1. 


For instance, if ten personnel are on site for four weeks in November 2020, the 
Contractor agrees to reduce the unit price associated with Manufacturing 


Schedule with Allocated = acity through Period of Performance, as known #6 
fos 4) 






(“Report #6”) by The Unit Price for Report #6 would be 
The total fixed price of Task 1: Capacity Reservation would be 





reduced by 


The total fixed price of the task order would be reduced 


